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Contract No. A- 101 
Amendment No. 11 


SAfxr- 16809 

1 ' f ? 

The Ramo-Wooldridge Corporation 
Los Angeles 45, California 


20 June 1957 


Gentlemen : 

1. This document constitutes Amendment No. 11 to Contract 
No. A-101, dated 31 March 1955, between the Ramo-Wooldridge Cor- 
poration, Los Angeles, California, and the United States of 
America. 

2. Pursuant to the clause of this contract entitled '‘Changes" 
the Government does hereby amend this contract, as heretofore 
amended by Amendment Numbers 1-10, as hereinafter set forth. 

q. Appendix I of the Schedule (Revised 26 February 1957) 
is hereby amended, as indicated in the attached document entitled 
Appendix I - Change Order No. 1, such Change Order representing 
additional work to be performed by the Contractor under this 
contract. 


4. In consideration of the expanded scope of work of Con- 
tract No. A-101, as amended, the estimated fi *ed 

fee has been revised and the Schedule (Revised May 1956) of this 
contract is hereby amended as follows: 


Delete paragraphs 1 and 2 under Section E (as amended) 
Estimated Cost and Fixed Fee in their entirety and substitute in 
lieu thereof the following: 


"Section E - Estimated Cost and Fixed Fee 
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1. The estimated cost of the performance of this 
contract , as amended by Amendments Numbers 1-11 
inclusive, is 



2. The fixed fee for performance of this contract, as 
Emended bv Amendments Numbers 1-11, inclusive, is 
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5. Article M-(c) of the General Provisions is hereby amended 
to read as follows : 

"(c) As promptly as may be practicable after receipt of 
each invoice or voucher and statement of cost, the 
Government shall, except as hereinafter provided 
and subject to the provisions of paragraph (d) 
below, make payment thereon as approved by the Con- 
tracting Officer. After payment of eighty-five 
percent ( 85 $) of the fixed fee set forth in the 
Schedule, as from time to time amended, further 
payment on account of the fixed fee shall be with- 
held until a reserve of either (i) fifteen percent 
( 15 $) of the total fixed fee, or (ii) $100,000, 
whichever amount is less, shall have been set aside, 
such reserve or the balance thereof to be retained 
until the execution and delivery of a release by 
the Contractor as provided in paragraph (e) hereof." 

6. All other terms, conditions, and requirements of Contract 
No. A-101 as amended, remain unchanged. 

7 . Please indicate your receipt of this Amendment No. 11 to 
Contract No. A-101 and your acceptance thereof by executing the 
original and two copies of the Amendment. Return the fully executed 
original and one copy to the undersigned and retain one fully 
executed copy for your files. 


Very truly yours, 
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ACKNOWLEDGED AND ACCEPTED 
TH E RAM0-W00LDRIDGE CORPORATIO N 

By_ 

Tit 


THE UNITED STATES GOVERNMENT 


contracting urncer 



Dat e J> O /fS 7 
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